PM3001337349 


JCoUi 


Task Name 


Duration 


6 MONTHS EXPOSURE STU 

467 days 


investigator brochure 

15 days 

u. - 


study objectives 

draft protocol summary/study p 


site selection 


1st contract with site 

protocol development 

final protocol, informed consent 


IRB review 

bionanlytical methods set up 


2nd contract with site 


IRB approval 



recruitment and screening 

42 days 

g 

test materials available 

0 days 


biinical performance 

200 days 


lab analysis 

250 days 


data management 

20 days 


draft report 
results available 


final report 
flnaTresults 


Project: ScorLongtermClinDev 
Date: Tue 10/2/01 



Milestone 
Summary 
Project Summary 


Page 1 


Source: https://www.industrydocuments.ucsf.edu/docs/thvk0001 







































